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ACTION SSM-05 

INFO OCT-01 NEA-10 ISO-OO OC-05 CCO-OO 10-11 SS-15 INR-07 

CIAE-00 DODE-OO IGA-02 SAB-01 NSC-05 /062 W 

069793 

P 010945Z MAR 76 
FM USMISSION SINAI 
TO SECSTATE WASHDC PRIORITY 85 

UNCLAS SINAI 158 

FOR STILES SSM 

E.O. 11652: N/A 
TAGS: PFOR, IS, EG 

SUBJECT: SSM-22 DEVELOPMENT PD ENDING 2000 FEB 29 

1. COMMUNICATIONS: 

WALLEN IN JERUSALEM AT MEETING WITH ISRAELIS ON COMMUNI- 
CATIONS BETWEEN SFM BASE, AND UN AND ISRAELI LIAISON 
OFFICER FEBRUARY 26 AND 27. AGREEMENTS HAVE NOW BEEN 
REACHED WITH BOTH EGYPT, ISRAELI AND UN. RESULTS ARE THAT 
EQUIPMENT HAS BEEN IDENTIFIED AND ACTIONS TO BE TAKEN 
IDENTIFIED. SEPARATE MESSAGE WILL EXPLAIN DETAILS. 

2. PERMANENT BASE 

A. GRADING OF PERMANENT ACCESS ROAD STARTED FEBRUARY 28. 

B. KIMMEL DEPARTED FOR TEL AVIV FEBRUARY 28 WITH ZACHRY 
PERSONNEL TO REVIEW DRAWING AND PURCHASE ORDERS FOR PVC 
PIPE TO BE USED AT PERMANENT CAMP. POSSIBILITY OF USING 
LOCAL SUPPLIER WILL BE EVALUATED AND CONTACT WITH PENDLETON 
WILL BE MADE BY TELEPHONE. 

C. PLANS FOR GRADING AND LAYOUT RECEIVED ON SITE 29 FEBRUARY. 

D. ON SITE GRADING WILL START AS SOON AS POSSIBLE. 

3. TEMPORARY CAMP 

TEMPORARY CAMP DEEMED ADEQUATE. ADDITIONAL WORK TO PROVIDE 
ADDITIONAL COMFORTS WILL NOT BE REPORTED IN THE FUTURE 
UNLESS THERE IS A CONTRACT/COST IMPACT. 
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4. MISCELLANEOUS 

PACKAGE OF REQUESTED DRAWINGS, LAYOUTS, ETC., SENT VIA 
AMEMBASSY, TEL AVIV, BY KIMMEL FEBRUARY 28. 

THORNE 
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Concepts: CONSTRUCTION, PEACE OBSERVATION MISSIONS, TRACKING STATIONS, COMMUNICATION LINES, PROGRESS REPORTS 

Control Number: n/a 
Copy: SINGLE 
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Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976SINAI00158 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D760077-0268 
From: SINAI 

Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1976/newtext/t1 976031 07/aaaadqpf. tel 

Line Count: 65 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION SSM 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
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Page Count: 2 
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